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MEMORANDUM FOR: Contracting Officsr 
SUBJECT : Contract SP- 


4 November 1955 


i. Attached herewith is a communication frotn Kelly which h e 
haaded to me la Burbank on 31 October. Ae yen will see it sets forth 
the additioaal cost to be incurred as a result of changee la the scope of 
work onder onr contract with hts company. It also requests confirma- 
tlen that we destre these modificatlons and additions to the origlnal 
program to be onderteken» X would appreciate lt if you would, as a matter 


of urgency, consult with , 

appr opriste) and prepare a reply for my signatere. 


(and ethers as 


2. I think we are all agreed as to the necessity for items 1, 2, 

3, 5, aad 6. ï believe you should, however, scrutlaiae the costs included 
ander these headings. As te item 4, 1 1» entirely uaclear what it covers 
sia.ce eur original scope of work presumably included the cost of the ARC- 12 
r adi o s which have already been procured and the cost of their installation 
In all alrcraft. Offhand, it would teem te me that the cost of installation 
ef the ARC-12 should be a saviag t© be set against the cost of installation 
of tee ARC- 34. I am also di sterbed by the impücation in item 4 that the 
ARC-12 is going to be installed in aircraft numbers 4 and 5. I had hoped that the 
ARC-34 would be installed b eg Inning with number 4 or at the iatest with 
mesteer 5. In the event that you address a further inquiry te Lockheed on 
this Item 4, 1 wish you would ask them definitely what their plan# are for 
the installation of the ARC-34. 


Deputy Pro. 
cc: Directer 


s/per rn 

R1CHARD M. BISSELL, JR. 
Project Directer 
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